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including its footing. The mixture of concrete used was 7 parts of gravel and sand to 1 part of cement, mixed by hand and transported in wheelbarrows, an average of 80 ft. There was no reinforcing, but two anchor bolts, J in. by 2 ft. long, were placed in every footing. About 70 per cent, of the concrete was formed. The pier tops were finished to a perfect elevation. This is true of all other foundations where they support steel columns.
Account 7308.2—Steel Structure.
This steel trestle was a part of a contract between the Arizona Copper Co. and the Kansas City Structural Steel Co. who furnished erected the major portion of the structural steel about the plant, at a ton price of $72.80 f.o.b. El Paso, and the corrugated iron at $81 f.o.b. Pittsburgh. In every case where a steel structure occurs in this cost sheet, an additional amount of money has been expended for a variety of purposes. A now unit price is therefore obtained which varies with the structure in question. The extra expenses entailed are the freight from Pittsburgh and El Paso, the lumber for nailing strips, air lines and power for riveting and erecting, extra trackage to deliver steel within required distance of erection site according to contract, and many smaller items rightly debited here. The unit figure therefore arrived at gives the actual cost of the steel structure as it stands in every case. There wore 103.97 tons of structural steel used here.
Account 7308.3—Woodwork.
This account covers the labor arid material for the ties, walkways and railing upon the steel trestle. In the case of the ties they were laid for large part upon 173-ft. radius curve and required dapping to accommodate a J-in. web projection of steel plate sticking up from each of the two girders which they spanned. The material used was as follows:
18,398 ft. b.m. 8 in. by 8 in. ties o.p..................... $652.98
9,248 ft. b.m. 2 in. by 4 in.; 4 in. by 4 in.; and 2 in. by 12
in. 872 Ib. f-in. round iron.........................      21.37
Nails, bolts and miscellaneous..........................      94.57
$768.92
150 Ton Track Scales—Receiving Yard Account 7309—Excavation.
The excavation was in tight sand and gravel.    It was done with pick and shovel, handled into cars and hauled 500 ft.
Account 7309.1—Foundation.
This was a job of plain concrete mixed 8 parts sand and gravel to 1 part cement, hauled 2,000 ft. by teams and wheeled in barrows 50 ft.. One large abutment was 26 ft. high,...........,......,.,,.,,,     .,,,....,.....       ,   ,        , . . . «,     ,      it|;!
